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CONSTRUCTION 4 WEEK SCHEDULE — STARTING WEEK OF MARCH 7TH, 2022 


The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 


CONSTRUCTION ACTIVITIES: 
- Building E — Continue Ground Improvement Vibratory Drilling 
- Building E — Excavate for Wall, Elevator & Foundation Footings 
- Site — Install Electrical Service to Building A 
- Site — Install Transformer Pad and Transformer 
- Site — Continue with New Retaining Wall 


PUBLIC IMPACTS: 
- Potential increased noise and vibration from ground improvements 
- Additional ground improvement work performed on Saturdays for the month 
- Sidewalks have been altered 
- During sitework, trucks will be entering and leaving the site regularly 
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Photo #2 — Ground Improvements in Progress (2/17/22) 
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Photo # 4 — Roofing at Building A (2/23/2022) 


2|Page 


Arlington DPW Facility 4 zg 
Project Photos — February 2022 





Photo #5 — Roofing at Building A (2/23/22) 
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Photo #6 — Ground Improvements in Progress (2/24/22) 
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